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MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY, 
SHAHEED Z.A. BHUTTO CAMPUS, 

KHAIRPUR MIR’S 



BID EVALUATION REPORT 


OF TENDERS 


1 

Internal / External Electrification, Air-Conditioning works, 
Computer Data & Voice System, Multimedia System , Public 
Addressing system & CCTV System for Administration Block at 
MUET, Shaheed Z.A Campus Khairpur Mir’s. 

2 

Internal / External Electrification, Air-Conditioning Computer 

Data & Voice System , Multimedia System & Public Addressing 
system for Software Engineering Department at MUET, 

Shaheed Z.A Campus Khairpur Mir’s. 

3 

Internal / External Electrification, Air-Conditioning Computer 

Data & Voice System , Multimedia System & Public Addressing 
system for Electronic Engineering Department at MUET, 
Shaheed Z.A Campus Khairpur Mir’s. 
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v f MK11RAN UNIVERSITY OF ENGINEERING & TECHNOLOGY , 

SHAHEED ZA LEIOIJAR ATI Hill) IK) CAMPUS, KHAIRPUR M1ICS 

No. M U ET/SZA B/K H P-C/A R(Estt:)/ 79 
Dated: 01-02-2016 


NOTIFICATION 

It is notified lor the general information of all concerned that with the approval of the competent 
authority and in fulfillment of the requirement of Rule No. 7 of SPPRA Rules 2010, the Pro-Vice 
( hancellor. Mehran University of Engineering & Technology, Shaheed Zulfiqar Ali Bhutto Campus 
Khairpur Mil 's has been pleased to rc-constilutc the “ Procurement Committee” for the procurement 
of furniture • Fixtures / Works / Goods/ for various Buildings of MUET, Shaheed Z.A Bhutto 
Campus Khairpur Mirks, due to recently retirement of Mr. Riaz Ahmed Arian, Associate 
Prolessor(External Member) from his services from Government College of Technology, Khairpur 
Mir s. The name of Mr. Ghulam Mujtaba Abbasi, Executive Engineer (Electrical). SALU Khairpur 
Mir's has been recommended by Project Director. 


File revised Comm i ttee is consisting of the following:- 

\A ngr. Sajjad Hussain Memon Convener 

Project Director 

2. Mir Sajjad I lussain Talpur External Member 

Principal PTT1/GCT. Khairpur Mirks 

T In-charge Chairman of concerned Department Member 

4. Mr. Ghulam Mujtaba Abbasi External Member 

Executive Engineer (Electrical) 

SALU Khairpur Mirs 

5. Divisional forest Officer Khairpur External Member 

(>. Mr. Waqas Ali Channa Member 

Deputy Director Finance 
MUET. S/.AB, Campus. Khairpur Mir's 

7. I-ngr. Naveed Ali Brohi Secretary/Member 

Assistant Engineer (Electrical) 


TERMS OF REFERENCE OF THE COMMITTEE: 

% 

I. Preparing Bidding Documents 

II. Carrying out technical as well as financial evaluation of the bids. 

III. Preparing evaluation report as provided in Rule 45. 

IV. Making recommendations for the award of contract to the competent authority. 

V. Perform any other function ancillary and incidental to the above. 







.j|g yTF,HRAN UNIVERSITY 


OF ENGINEERING & TECHNOLOGY, JAMSHORO 

Dated: tf. .07.2017 



Reference 

Office Notification No.MUET/SZAB-C/KHP/AR(Estt: )/-847 dated 15.11.2014. 


NOTIFICATION 

No.Estt:(Teach: of 2017. In continuation to above on recommendations of 

Pro Vice Chancellor, Mehran University of Engineering & Technology Shaheed Zulfiquar Ali 
Bhutto Campus Khairpur Mirs, it is notified for the general information of all concerned that 
competent authority of the University has re-constituted Complaint Redressal Committee of MUET, 
SZAB Campus Khairpur Mirs’consisting of the following members: - 

1. Prof. Dr. Mukhtiar Ali Unar, Convenor 

Pro Vice Chancellor, 

MUET, SZAB Campus Khairpur Mirs’. 


1. Engr. Imdad Hussain Sial, 
Project Director, 

Shah Abdul Latif University, 
Khairpur Mirs’ 



The Divisional Accounts Officer, 
Khairpur Mirs’. 


Member 


Member 


The Terms of References (ToRs) of the above committee shall be to address the complaints of 
bidders / contractors that may occur during the pre-qualification of contractors for Civil / Electrical / 
External Development Works of MUET, SZAB campus Khairpur Mirs’ as per Rule No.31 of 
SPPRA Rules, 2010 (Amended 2017), Government of Sindh. 



REGISTRAR 


Copy f.w.cs to: 

1. All Committee Members. 

2. The Secretary to Vice Chancellor, MUET, Jamshoro. 

3. The Secretary to Pro Vice Chancellor, MUET, Jamshoro. 

4. The Secretary to Pro Vice Chancellor, MUET, SZAB Campus Khairpur Mirs’. 

5. Master File. 

6. Personal File. 


Paroo Mai 











Attendance Sheet of Members Procurement Committee 



Name of Works 


MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY, SHAHEED Z.A 
BIIUTTO CAMPUS KHAIRPUR MIR’S 


i) 

Internal / External Electrification, Air-Conditioning works. Computer Data & Voice System. Multimedia System . Public Addressing system & CCTV 

System for Administration Block at MUET, Shahecd Z.A Campus Khairpur Mir's. 

ii) 

Internal / External Electrification, Air-Conditioning Computer Data & Voice System . Multimedia System & Public Addressing system for Software 
Engineering Department at MUET. Shaheed Z.A Campus Khairpur Mir's. 

ui) 

Internal / External Electrification, Air-Conditioning Computer Data & Voice System . Multimedia System & Public Addressing system for Electronic 
Engineering Department at MUET, Shaheed Z.A Campus Khairpur Mir’s. 


Dated: 08-11-2017 

Time: 11:30 AM 


Sr. No. 

Name of Representative 

Name of Firm/ Departments 

Designation 

Signature 

1 

Engr. Sajjad Hussain Memon 

Project Directorate 

MUET, SZAB Campus Khairpur 

Project Director 


2 

Engr. Mir Sajjad Hussain Talpur 

PTTI/GCT. Khairpur Mir’s 

Principal 


3 

Mr.Maqsood Ahmed Memon 

Forest Department 

DFO 


4 

Engr. Ghulam Mujiaba Abbasi 

Shah Abdul Latif University, 
Khairpur Mir’s 

Executive Engineer (Electrical) 

> 

5 

Prof. Dr. Naveed Raza Shah 

Civil Engg. Deptt: 

Chairman 


6 

Mr.Waqas Ali Channa 

Finance Department 

MUET, SZAB Campus Khairpur 

Deputy Director Finance 


7 

Engr. Naveed Ali Brohi 

Project Directorate 

MUET, SZAB Campus Khairpur 

Assistant Engineer 
























MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY, 

SHARKED ZULFIQAR ALI BHUTTO, CAMPUS KHAIKPUR MIR'S 

l.-mitil: pro « mucikhp.edu.pk (0243-92X0312-13.1-ax: 0243-92X0023 Cell 0332-390(>5Nt>) 


Dated:2,5 


Public Relation Officer 


£_2017 jo^ 25 jjJ jUjJu> Jjjj 
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alal 

'SAY NO TO CORRUPTION" 




•iW Jo*** 


Name of Work 





>1 v_iT 


Estimates Tender Call Completion 


1 

Inlernal/External Electrification, Air-Conditioning works. Computer 
Data & Voice System, Multimedia System, Public Addressing 
system & CCTV System for Administration Block at MUET, Shaheed 
Z. A Campus, Khairpur Mir’s. 

14.566 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 

2 

Internal/External Electrification,.Air-Conditioning Computer Data 

f V 2' c f s y sterT v Multimeaia System & Public Addressing system 
for Software Engineering Department at MUET, Shaheed Z A 
Campus, Khairpur Mir's. 

11.257 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 

3 

Intemal/External Electrification, Air-Conditioning Computer Data 
? v 2', ce S y ste m, Multimedia System & Public Addressing system 
for Electronic Engineering Department at MUET, Shaheed Z A 
Campus, Khairpur Mir's. 

11:379 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 
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MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY, 

SIIAIIKKI) ZULFIQAR ALI BHUTTO, CAMPUS KIIAIUPUR MIR'S 

1 -mail prxwMnuc iUip.cdu.pk (0243-92H03I2-I3. l-ax: 0243-9:»«KI^ Cell: 0332-3WH.?H»l _ 

Dated:^_ lo _(^ 


Public Relation Officer 


DAWN THURSDAY OCTOBER 26, 2017 



Mehran University ot Engineering & Technology, 

Shaheed Zulfiqar Ali Bhutto Campus, Khairpur Mir's 


'SAY NO TO CORRUPTION' 


■■■■■■■■■■■ 


E 

Name of Work 

Estimates 
Cost RSt(M) 

Tender 

Fee 

Call 

Deposit 

Completion 

Period 

1 

Internal/Extemal Electrification, Air-Conditioning works. Computer 
Data & Voice System, Multimedia System, Public Addressing 
system & CCTV System for Administration Block at MUET, Shaheed 
Z.A Bhutto Campus, Khairpur Mir’s. 

14.566 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 

~ 2 ~ 

Internal/Extemal Electrification, Air-Conditioning, Computer Data 
& Voice System, Multimedia System & Public Addressing system 
for Software Engineering Department at MUET, Shaheed Z.A 
Bhutto Campus, Khairpur Mir’s. 

11.257 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 

~3~ 

Internal/External Electrification, Air-Conditioning, Computer Data 
& Voice System, Multimedia System & Public Addressing system 
for Electronic Engineering Department at MUET, Shaheed Z.A 
Bhutto Campus, Khairpur Mir’s. 

11.379 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 


NOTICE INVITING TENDERS 


Sealed percentage/ltem Rate Tenders, are invited from Pre-qualified Electrical contractors at MUET, Shaheed Z.A 
Bhutto Campus, Khairpur Mir’s in the relevant category for following works pertaining to scheme titled “Essential Needs 
for strengthening and development of Mehran University of Engineering & Technology Shaheed Z.A Bhutto 
Campus, Khairpur Mir’s”. 


• The tender documents including instructions to the Tenderers, Terms & Conditions, specifications and schedule of 
requirements, can be downloaded from website of MUET, Shaheed Z.A Bhutto Campus, Khairpur Mir’s i.e. 
www.muetkhp.edu.pk and SPPRA website i.e. www.pprasindh.gov.pk for participation in bidding, it may be had 
from the office of the Project Director, Mehran University of Engineering & Technology. Shaheed Z.A Bhutto Campus, 
Khairpur Mir’s, on payment of tender fee as prescribed above (non-refundable). Tenders will be issued from 24-10-2017 
to 07-11-2017 on working days only. 

• Sealed Tenders accompanied with Pay Order in favour of the Project Director, Mehran University of Engineering & 
Technology and Shaheed Z.A Bhutto Campus, Khairpur Mir’s, equivalent to 5% of the total bid cost as Earnest Money 
shall be received in the office of undersigned up to 08-11-2017 at 11:00 am and will be opened on the same day 
at 11:30 am in presence of the Contractors/Representatives, whosoever will be present at that time. 

• In case of undesirable circumstances on submission/opening date & time or if Government declares holiday the 
tenders shall be received/opened on the next working day at same time & venue. 

• Any conditional tender or un-accompanied of the earnest money will not be considered in the competition. 

The Procuring Agency reserves the right to reject any or all bids subject to relevant provisions of SPP Rules, 

2010 and may cancel the bidding process at any time prior to the acceptance of a bid or proposal under Rule-25 

of said Rules. 

PROJECT DIRECTOR 


Phone # 0243-9280314 
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Marne of Work 
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Estimates 
Cost Rs.(M) 

Tender 

Fee 

^vi&ix.A.. _ v 

Call 

Deposit 

Completion 1 
Ported 1 

^ 

iniorruA'Extamal OtcMRoaiUon, Ato-Conditloemd wortcs, Computer 
Datn A Voice System, Multimedia System, Public Addressing 
system A CCTV system tor Admlnwmeon Slock m MUET, Sltetwod 
Z A Campus. Khalrpvr Mir'», 

14.6CC 

Rs. 

3,000/* 

5% of 
Bid Price 

12Monihs 

~T 

“ 

Intonuil/Extomol Electrification, Air-Conditioning Computer D/ito 
A Voice System. Multftnwto System A Public Addressing system 
for Software Engineering Department al MUET. Shahoed 2.A 
Campus, Khalrpur Mir's. 

11.257 

Rs. 

3,000/- 

5% of 
Bid Price 

12 Months 


It:'-"" . 1 V .. 1 Id ‘till. .1:1110. .*. ••Cor.tMinninn Computer Q.V.n 

A Voice System, Multonodke System A Public Addressing system 
for Electronic EriQlnoorlng Ooparlmonl at MUET, Shahood 2 A 
Campus, Khalrpur Mir's. 

11.370 

Rs, 

3,000/* 

5% of 
Bid Price 
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Internal / External Electrification, Air-Conditioning 
works, Computer Data & Voice System, Multimedia 
System , Public Addressing system & CCTV System 
for Administration Block at MUET, Shaheed Z.A 
Campus Khairpur Mir’s. 



TENDER OPENING SHEET 























Bid Evaluation Report 

1 . Name of Procuring Agency: Mehran University of Engineering & Technology, Shaheed Z.A 

Bhutto Campus Khairpur Mir’s. 

2. Tender Reference No:PD/MUET/KHP/-316 Dated: 20-10-2017 

3. Tender Description/Naine of work/item: Internal / External Electrification, Air-Conditioning works, Computer 

Data & Voice System, Multimedia System , Public Addressing system & 
CCTV System for Administration Block at MUET, Shaheed Z.A Bhutto 
Campus Khairpur Mir’s. 

4. Method of Procurement: Domestic / Local 

5. Tender Published: SPPRA Website on 23-10-2017. 

Print & Electronic Media (SPPRA Sr. No. 34894 & MUET ’ SZAB Campus Khp Website on 
23-10-2017. Daily Dawn Dated:26-10-2017, Daily Jung Dated:25-10-2017 & Rozan 
Kawish Dated:25-10-2017. 


6. Total Bid documents Sold: Four (04) Nos. 

7. Total Bids Received: Three (03) Nos. 

8. Technical Bid Opening date: (if applicable) N/A _ (Provide details in separate form) 

9. No. of Bid technically qualified (if applicable): N/A _ 

10. Bid(s) Rejected: _ NIL _ 

11. Financial Bid Opening date:_ 08-11-2017 _ 

12. Bid Evaluation Report: 


5 

No 

Name of Finn or Bidder 

Cost offered by 
the Bidder 

Ranking in 
terms of 
cost 

Comparison 
with Estimated 

cost 

Reasons for 
acceptance/ 
rejection 

Remarks 

0 

1 

2 

3 

4 

5 

6 

1 . 

M/s G.A Electric Store, 
Khairpur. 

Rs: 14,533,499.95 

1 st lowest 

-0.22% Below 

Accepted due to 

1 st lowest 


2. 

M/s OM Parkash 
M.Kundnani, Larkana 

Rs: 14,551,681.99 

2 nd Lowest 

-0.10% Below 

2 nd Lowest 


3. 

M/s Gul Traders, 

Hyderabad 

Rs: 14,579.892.35 

Highest 

0.09 % Above 

Highest 




Signatures of the Members of the Committee. 


Engr. Mir Sajjad Hussain Talpur 
Principal PTT1/GCT, Khairpur Mir's 
External Member 





v-/ 


Mr. Naveed^ftaza Shah 
Chairman Civil Engg. Deptt: 

MUET, SZAB Campus Khairpur Mir’s / 


Mr. Ghulam Mujtaba Abbasi 
Executive Engineer (Electrical) 

SALU, Khairpur Mir's / External Member 



Member 



di 


/ 7V-<v 


Engr. Naveed All brohi 
Assistant Engineer (Electrical) 

MUET. SZAB Campus Khairpur Mir’s/ Member 


/ Secretary 


Engr. Sajjad Hussain Memon 

In-charge Project Director, MUET, Shaheed Z.A Bhutto Campus. / Khairpur Mir's/ Convener 































Record of Bid Opening 


NAMh 01* WORK Internal / External Electrification. Air-Conditioning works. Computer Data & Voice 

System, Multimedia System , Public Addressing system & CC’TV System for 
Administration Block at MUET. Shaheed Z.A Bhutto Campus Khairpur Mir's. 

Date and Time of Bid Opening: 08-11-2017 at 11:30 AM 

The Bid opening committee checked the bids that were received in Project Directors office, and ensured 
that total number of bids received was three (03) & all were properly sealed. (List attached as annexure- 
A). 

The committee opened the bids of Internal / External Electrification. Air-Conditioning works. 
Computer Data & Voice System. Multimedia System . Public Addressing system & CCTV System for 
Administration Block at MUET. Shaheed Z.A Bhutto Campus Khairpur Mir’s at the above time and 
date in presence intending of contractors / representatives (Attendance sheet is attached as annexure-B). 

The bidders names along with the offered bid amount and presence of a correct bid security were read 
aloud by the committee as follows:- 


s.# 

NAME OF BIDDER 

BID 

AMOUNT 

BID SECURITY 
AMOUNT 

NO. AND DATE OF BID 
SECURITY/ CHEQUE / 
GUARANTEE WITH 
BANK NAME 

REMARKS 

PAKISTANI RS. 

PAKISTANI RS. 

1 

M/s Gul Traders, 
Hyderabad 

Rs. 14,570,473.00 

Rs. 600,000.00 
Rs. 125.000.00 

Rs.725,000.00 

Call Deposit 

No.04272606 

Dated: 04-11-2017 

No.04272607 

Dated: 04-11-2017 

Bank Al-Habib 
Qasimabad 

More than 
required 

2 

M/s G.A Electric 
Store, Khairpur 

Rs. 14,532,617.00 

Rs.730,000.00 

Call Deposit 

No.0203565 

Dated: 07-11-2017 

JS Bank, Khairpur 

More than 
required 

3. 

M/s OM Parkash M. 
Kundnani, Larkana 

Rs. 14,565,317.00 

Rs.730,000.00 

Call Deposit 

No.00246266, Dated: 
08-11-2017 Silk Bank. 
Larkana Branch 

More than 
required 


Engr. Mir Sajjadl Hussain Talpur 
Principal PTTI/GCT. Khairpur Mir's 
External Member 



"T-')~ e ='v-c 


Mr. Naveed Raza Shah 
Chairman Civil Engg. Deptt: 

MUET. SZAB Campus Khairpur Mir's/ 
Member 


Mr. Ghulam Mujtaba Abbasi 
Executive Engineer (Electrical) 

SAEU, Khairpur Mir’s / External Member 






. Maqsooth^imed Memon 
District Fftresj'Officef Khairpur 
External lV(ember 




Assistant Engineer (Electrical) 

MUET. SZAB Campus Khairpur Mir's/ Member 
/ Secretary 


Engr. Sajjad Hussain Memon 
In-charge Project Director, 

MUET, Shaheed Z.A Bhutto Campus. Khairpur Mir’s 
Convener 


















LIST OF BID ISSUED / BID RECEIVED 


Name ot Work Internal / External Electrification, Air-Conditioning works, 

Computer Data & Voice System, Multimedia System , Public 
Addressing system & CCTV System for Administration Block 
at MUET, Shaheed Z.A Bhutto Campus Khairpur Mir’s. 


s.u 

Bid Issued 

Bid Received 

1 . 

M/s Gul Traders, Hyderabad 

M/s Gul Traders, Hyderabad 

2. 

M/s G.A Electric Store, Khairpur 

M/s G.A Electric Store, Khairpur 

3. 

M/s Kashif Constructors, Khairpur 
Mir’s 

Not participated 

4. 

M/s OM Parkash M. Kundnani, 

Larkana 

M/s OM Parkash M. Kundnani, 

Larkana 
















FORM OF BID 

(LETTER OF OFFER) 


5 d Reference No. P-Q (k\A01 -^, / L 2~o-\o- ^ ° f 7“ 

~-r<f'&2<YUhQt qS Q'C/s&Jjc a $ r>ry\ . Corrc\ Pc^ 


\ rttt* ifr'*. Mud' f, 


sA fY'l 


' n ^j ^0 /Y ^ 0 <& ^ 

S'f-Jl&AA ^puU?v<^ /4^r^^4>v^ / A<^^tooU<rn 


Same of Works, gjfc* 0 f mef ZV.^d & A GU « 0 jkW'J-tC tW 


P<!n,\&cf Q«»tag/<yZ_ 

ei & A g lo/f? c »w p m 

— »— 


Oentlemen, 


Having examined the Bidding Documents including Instructions to Bidders, Bidding 
Data, Conditions of Contract, Contract Data, Specifications, Drawings, if any, 

Schedule of Prices and Addenda Nos. 

_ : _ for the execution of the above-named works, we, the 

undersigned being a company doing business under the name of and address 

M/S &■ A £^ta^c. Ahrrtjz ('H P. 

____ and being duly 

incorporated under the laws of Pakistan hereby offer to execute and complete such works 
and remedy any defects therein in conformity with the said Documents including 
Addenda thereto for the Total . BM i. , Price- n >)f , n 

Rs | If ^ £ (?- _ (Rupees ^Tfl^ CfMlQ'l- C C I'ucr^other suirfas maC C 

be ascertained in accordance with the said Documeftfs. /fls-fgo— 

We understand that all the Schedules attached hereto form part of this Bid. 


As security for due performance of the undertakings and obligations of this Bid, we 
submit herewith a Bid Security in the amount of ^f%c> oe?o /- 7 1-mA^ 

_drawn in your favour or made payable to you and valid 

for a period of twenty eight (28) days beyond the period of validity of Bid. 


We undertake, if our Bid is accepted, to commence the Works and to deliver and 
complete the Works comprised in the Contract within the time(s) stated in Contract 
Data. 


We agree to abide by this Bid for the period of days from the date fixed for 

receivud it shall remain binding upon us and may be accepted at any 
ion of that period. 

\ 

together with 



ti/ a formal Agreement is prepared and executed, this^ 
H[teyacceptance thereof, shall constitute a binding contraC 



y. : .1 -ff 

We undertake; if -ojJiC&id is accepted, to execute the Performative 
in ( ondutSBB of Contract for the due performance of the Com j ^ j *) 

Sindh Public Procurement Regulatory Authority ; www.pjXa 


red to 






















8. We understand that you are not bound to accept the lowest or any bid you may 
receive. 


We do hereby declare that the Bid is made without any collusion, comparison of 
figures or arrangement with any other person or persons making a bid for the Works. 


Dated this l'7~d ay of 

Signature 


Address 



,20 


duly authorized to sign bid for and on behalf of 


(Name 

(Seal) 


fc LtXrtf) 


Witness: 


(Signature) 



\'ame:_ 

Address: 




$- 4 * M(-< A 


& 








Sindh Public Procurement Regulatory Authority ; vvwu .pprasindh.eov.pk 


































Internal / External Electrification, Air-Conditioning 
Computer Data & Voice System , Multimedia System & 
Public Addressing system for Software Engineering 
Department at MUET, Shaheed Z. A Campus 
Khairpur Mir’s. 



TENDER OPENING SHEET 



I 
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Bid Evaluation Report 

1. Name of Procuring Agency: Mehran University of Engineering & Technology, Shaheed Z.A 

Bhutto Campus Khairpur Mir’s. 

2. Tender Reference No:PD/MUET/KIIP/-316 Dated: 20-10-2017 

3. l ender Description/Name of work/item: Internal / External Electrification, Air-Conditioning Computer Data & 

Voice System , Multimedia System & Public Addressing system for 
Software Engineering Department at MUET, Shaheed Z.A Campus 
Khairpur Mir’s. 

4. Method of Procurement: Domestic / Local 

5. Tender Published: SPPRA Website on 23-10-2017. 

Print & Electronic Media (SPPRA Sr. No. 34894 & MUET ’ SZAB Campus Khp Website on 
23-10-2017. Daily Dawn Dated:26-10-2017, Daily Jung Dated:25-10-2017 & Rozan 
Kawish Dated:25-10-2017. 

6. Total Bid documents Sold: Four (04) Nos. 

7. Total Bids Received: Three (03) Nos. 

8. Technical Bid Opening date: (if applicable) N/A 


(Provide details in separate form) 


9. No. of Bid technically qualified (if applicable): 

10. Bid(s) Rejected: _ NIL _ 


N/A 


11. Financial Bid Opening date: 

12. Bid Evaluation Report: 


08-11-2017 


5 

No 

Name of Finn or Bidder 

Cost offered by 
the Bidder 

Ranking in 
terms of 
cost 

Comparison 
with Estimated 

cost 

Reasons for 
acceptance/ 
rejection 

Remarks 

0 

1 

2 

3 

4 

5 

6 

1. 

M/s Gul Traders, 

Hyderabad 

Rs: 11,091,178.22 

1 st lowest 

-1.47% Below 

Accepted due to 

1 st lowest 


2. 

M/s G.A Electric Store, 
Khairpur 

Rs: 11,230,738.34 

2 nd Lowest 

-0.23% Below 

2 nd Lowest 


3. 

M/s Kashif Constructor, 
Khairpur 

Rs: 11,292,278.45 

Highest 

0.31% Above 

Highest 




Signatures of the Members of the Committee. 


Engr. Mir Sajjad Jlussain Talpur 
Principal PTTI/GCT. Khairpur Mir's 
External Member 





1 / 6 - NaveecNfctza Shah Mr. Ghulam Mujtaba^7t5EasF 

^Chairman Civil Engg. Deptt: Executive Engineer (Electrical) 

MUET, SZAB Campus Khairpur Mir’s / SALU, Khairpur Mir’s / External Member 
Member 




e*7lv^y\ 

Engr. Naveed JCIfBrohi 
Assistant Engineer (Electrical) 

MUET, SZAB Campus Khairpur Mir’s/ Member 
/ Secretary 


Engr. Sajjad Hussain Memon 

In-charge Project Director. MUET. Shaheed Z.A Bhutto Campus, / Khairpur Mir’s/ Convener 


































Record of Bid Opening 

NAME OF WORK Internal / External Electrification, Air-Conditioning Computer Data & 

Voice System , Multimedia System & Public Addressing system for 
Software Engineering Department at MUET, Shaheed Z.A Campus Khairpur 
Mir’s. 

Date and Time of Bid Opening: 08-11-2017 at 11:30 AM 

The Bid opening committee checked the bids that were received in Project Directors office, and ensured that total 
number of bids received was three (03) & all were properly sealed. (List attached as annexure-A). 

The committee opened the bids of Internal / External Electrification, Air-Conditioning Computer Data & Voice 
System , Multimedia System & Public Addressing system for Software Engineering Department at MUET. Shaheed 
Z.A Campus Khairpur Mir’s at the above time and date in presence intending of contractors / representatives 
(Attendance sheet is attached as annexure-B). 

The bidders names along with the offered bid amount and presence of a correct bid security were read aloud by 
the committee as follows:- J 


SJ 

NAME OF 

BIDDER 

BID 

AMOUNT 

BID SECURITY 
AMOUNT 

NO. AND DATE OF HID 
SECURITY/ CHEQUE/ 
GUARANTEE WITH 

BANK NAME 

REMARKS 

PAKISTANI RS. 

PAKISTANI RS. 

1 

M/s Gul Traders, 
Hyderabad 

Rs. 11,099.322.00 

Rs. 485.000.00 
Rs. 80.000.00 

Total 

Rs.565,000.00 

Call Deposit 

No.04272608 

Dated: 04-11-2017 

Call Deposit 

No.04272605 

Dated: 04-11-2017 

UBL Bank Limited 
Hyderabad 

More than 
required 

2 

M/s G.A Electric 
Store, Khairpur 

Rs.l 1,230,143.00 

Rs.565.000.00 

Call Deposit No.0203564 
Dated: 07-11-2017 

JS Bank Limited Khairpur 

More than 
required 

3. 

M/s Kashi f 
Constructor, 
Khairpur 

Rs. 11,222,970.00 

Rs.80,000.00 

Rs.485.000.00 

Total 

Rs.565,000.00 

Call Deposit 

No.04272609 

Dated: 04-11-2017 

Call Deposit 

No.04272604 

Dated: 04-11-2017 

Bank Al-Habib Limited 
Khairpur 

More than 
required 



Engr. Mir Sajjad ilussain Talpur 
Principal PTTl/GG^T, Khairpur Mir's 
External Member 



pr. 

Mi-. NaveedRaza Shah 
Chairman Civil Engg. Deptt: 

MUET, SZAB Campus Khairpur Mir’s/ 
Member 



Mr. Ghulam Mujtaba Abl 
Executive Engineer (Electrical) 

SALU. Khairpur Mir's / External Member 





Engr. Naveed aIi Brohi 
Assistant Engineer (Electrical) 

MUET, SZAB Campus Khairpur Mir’s/ Member 
/ Secretary 


Engr. Sajjad Hussain Memon 
In-charge Project Director. 

MUET, Shaheed Z.A Bhutto Campus. Khairpur Mir's 
Convener 































LIST OF BID ISSUED / BID RECEIVED 


Name of Work Internal / External Electrification, Air-Conditioning Computer 

Data & Voice System , Multimedia System & Public 
Addressing system for Software Engineering Department at 
MUET, Shaheed Z.A Campus Khairpur Mir’s. 


5.# 

Bid Issued 

Bid Received 

1 . 

M/s Gul Traders, Hyderabad 

M/s Gul Traders, Hyderabad 

2. 

M/s G.A Electric Store, Khairpur 

M/s G.A Electric Store, Khairpur 

3. 

M/s Kashif Constructors, Khairpur 
Mir’s 

M/s Kashif Constructors, Khairpur 

Mir’s 

4. 

M/s OM Parkash M. Kundnani, 

Larkana 

Not participated 













FORM OF BID 

(LETTER OF OFFER) 


Bid Reference No. 


g~A . 

(Name of i 




Sw^Ty/^_ 

cPunT /) 


To: 




J^UMT 'T, 5Z(\t^C - 

--- 

Gentlemen, 


Having examined the Bidding Documents including Instructions to Bidders, Bidding 
Data, Conditions of Contract, Contract Data, Specifications, Drawings, if any. 
Schedule of Prices and Addenda Nos. 

_for the execution of the above-named works, we, the 

undersigned, being a company doing business under the name of and address 

-JVy^ gyA -- being duly 

incorporated under the laws of Pakistan hereby offer to execute and complete such works 
and remedy any defects therein in conformity with the said Documents including 
Addenda thereto for the Total Bid Price of 

Rs I (Rupees ^ 1 V \ ca^ ^\VTV 4 ) or such other sum as may 

be ascertainedin acferdance with the said Documents. jA. J ( 

2. We understand that all the Schedules attached hereto form part of this Bid. 

3. As security for due performance of the undertakings and obligations of this Bid, we 

submit herewith a Bid Security in the amount of Cj Socco - t $(o 


’ for a period of twenty eight (£8 


GO * 


[drawn in your favour or made payable to you and valid ^ 
8) days beyond the period of validity of Bid. 


4. 




6. 


We undertake, if our Bid is accepted, to commence the Works and to deliver and 
complete the Works comprised in the Contract within the time(s) stated in Contract 
Data. 

We agree to abide by this Bid for the period of_days from the date fixed for 

receiving the same and it shall remain binding upon us and may be accepted at any 
time before the expiration of that period. 



Unless and until a formal Agreement is prepared and executed 
your written acceptance thereof, shall constitute a binding coni 

We undertake, if our Bid is accepted, to execute the Perforr 
in C onditions of Contract for the due performance of the Con 

Sindh Public Procurement Regulatory Authority | www.ppr 


ther with 






















8. 


We understand that you are not bound to accept the lowest or any bid you may 
receive. 


9. 


We do hereby declare that the Bid is made without any collusion, comparison of 
figures or arrangement with any other person or persons making a bid for the Works. 


Dated this «a 
Signature 



. 20 




thorized to sign bid for and on behalf of 


Address 


-H/-AI0 p- _fV_4 >V, Uv vr A . U^ ( ^ 


'A tness: 


Signature) 




Kune: 

Address: ^ - ' v * . * «- 7 




























Internal / External Electrification, Air-Conditioning 
Computer Data & Voice System , Multimedia System & 
Public Addressing system for Electronic Engineering 
Department at MUET, Shaheed Z.A Campus 
Khairpur Mir’s. 



TENDER OPENING SHEET 





















/- Bid Evaluation Report 


1 Name of Procuring Agency: Mehran University of Engineering & Technology, Shaheed Z.A 

Bhutto Campus Khairpur Mir’s. 


2. Tender Reference No:PD/MUEI/KHP/-316 Dated: 20-10-2017 


3. Tender Description/Name of work/item: Internal / External Electrification, Air-Conditioning Computer Data & 

Voice System , Multimedia System & Public Addressing system for 
Electronic Engineering Department at MUET, Shaheed Z.A Campus 
Khairpur Mir’s 

4. Method of Procurement: Domestic / Local 


5. Tender Published: SPPRA Website on 23-10-2017. 

Print & Electronic Media (SPPRA Sr. No. 34894 & MUET, SZAB Campus Khp Website on 
23-10-2017. Daily Dawn Dated:26-10-2017, Daily Jung Dated:25-10-2017 & Rozan 
Kawish Dated:25-10-2017. 

6. Total Bid documents Sold: Four (04) Nos. 

7. Total Bids Received: Three (03) Nos. 

8. lechnical Bid Opening date: (if applicable) N/A _ (Provide details in separate form) 

9. No. of Bid technically qualified (if applicable): N/A __ 

10. Bid(s) Rejected: _ _ NIL _ _____ 

11. Financial Bid Opening date: _ 08-11-2017 _ 


12. Bid Evaluation Report: 


5 

No 

Name of Firm or Bidder 

Cost offered by 
the Bidder 

Ranking in 
terms of 
cost 

Comparison 
with Estimated 

cost 

Reasons for 
acceptance/ 
rejection 

Remarks 

0 

1 

2 

3 

4 

5 

6 

1 . 

M/s Kashif Constructor, 
Khairpur 

Rs: 11,360,249.00 

1 st lowest 

-0.17% Below 

Accepted due to 

1 sl lowest 


2. 

M/s Gul Traders, 

Hyderabad 

Rs: 12,260,529.94 

2 nd Lowest 

7.73% Above 

2 nd Lowest 


3. 

M/s OM Parkash 
M.Kundnani, Larkana 

Rs: 12,499,295.94 

Highest 

9.83 % Above 

Highest 



Engr. Mir Sajjad Mussain Talpur 
Principal PTTI/GCT, Khairpur Mir's 
External Member 



Signatures of the Members of the Committee. 



Mr. NaveedJiZza Shah 
Chairman Civil Engg. Deptt: 

MUET, SZAB Campus Khairpur Mir’s / 
Member 



Mr. Ghulam Mujtaba Abbasi 
Executive Engineer (Electrical) 

SALU, Khairpur Mir's / External Member 





Engr. Nave^Ali Brohi 
Assistant Engineer (Electrical) 

MUET. SZAB Campus Khairpur Mir’s/ Member 
/ Secretary 


Engr. Sajjad Hussain Memon 

In-charge Project Director, MUET, Shaheed Z.A Bhutto Campus, / Khairpur Mir's/ Convener 


















































Record of Bid Opening 


NAME OF WORK Internal / External Electrification, Air-Conditioning Computer Data & 

Voice System , Multimedia System & Public Addressing system for 
Electronic Engineering Department at MUET, Shaheed Z.A Campus 
Khairpur Mir’s. 

Date and Time of Bid Opening: 08-11-2017 at 11:30 AM 

The Bid opening committee checked the bids that were received in Project Directors office, and ensured 
that total number of bids received was three (03) & all were properly sealed. (List attached as annexure- 
A). 

The committee opened the bids of Internal / External Electrification, Air-Conditioning Computer Data & 
Voice System , Multimedia System & Public Addressing system for Electronic Engineering Department at 
MUET, Shaheed Z.A Campus Khairpur Mir’s at the above time and date in presence intending of 
contractors / representatives (Attendance sheet is attached as annexure-B). 

The bidders names along with the offered bid amount and presence of a correct bid security were read 
aloud by the committee as follows:- 


s.# 

NAME OF BIDDER 

BID 

AMOUNT 

BID SECURITY 
AMOUNT 

NO. AND DATE OF BID 
SECURITY/ CHEQUE / 
GUARANTEE WITH ' 
BANK NAME 

REMARKS 

PAKISTANI RS. 

PAKISTANI RS. 

1 

M/s Gul Traders, 
Hyderabad 

Rs. 12,290,363.00 

Rs.655,000.00 

Call Deposit 

No. 12873785 

Dated: 08-11-2017 

UBL Bank Limited 
Hyderabad 

More than 
required 

2 

M/s Kashif 
Constructor, 
Khairpur 

Rs. 11,360,282.00 

Rs.655,000.00 

Call Deposit 

No.06081386 

Dated: 06-11-2017 

UBL Bank Limited 
Khairpur 

More than 
required 

3. 

M/s OM Parkash M. 
Kundnani, Larkana 

Rs. 12,667,479.00 

Rs.570,000.00 

Call Deposit 
No.00246267 

Dated: 08-11-2017 

Silk Bank Limited 
Larkana 

More than 
required 



Engr. Mir Sajja^ Hussain Talpur 
Principal PTTI/GCT, Khairpur Mir's 
External Member 



Mr. NaveeCTRaza Shah 
Chairman Civil Engg. Deptt: 

MUET, SZAB Campus Khairpur Mir’s / 
Member 


A- 


Mr. Ghulam MujtaSaAbbasi 
Executive Engineer (Electrical) 

SALU, Khairpur Mir's / External Member 





gr. NaveeJ/CtrBrohi 
Assistant Engineer (Electrical) 

MUET, SZAB Campus Khairpur Mir’s/ Member 
/ Secretary 


Engr. Sajjad Hussain Memon 
ln-charge Project Director. 

MUET, Shaheed Z.A Bhutto Campus, Khairpur Mir's 
Convener 



















LIST OF BID ISSUED / BID RECEIVED 


1 


Name of Work Internal / External Electrification, Air-Conditioning Computer 

Data & Voice System , Multimedia System & Public 
Addressing system for Electronic Engineering Department at 
MUET, Shaheed Z.A Campus Khairpur Mir’s. 


s.# 

Bid Issued 

Bid Received 

1 . 

M/s Gul Traders, Hyderabad 

M/s Gul Traders, Hyderabad 

2. 

M/s G.A Electric Store, Khairpur 

Not participated 

3. 

M/s Kashif Constructors, Khairpur 
Mir’s 

M/s Kashif Constructors, Khairpur 

Mir’s 

4. 

M/s OM Parkash M. Kundnani, 

Larkana 

M/s OM Parkash M. Kundnani, 

Larkana 

















FORM OF BID 

(LETTER OF OFFER) 


** <*w«« 4 - wa - i ? fa » 

Kd | pnw^odyb * ^^ j ffifa* *- W crr gucWw'c ^Eh-MT* MU&T S2/*£ fiUutput. 

/Name of Works) ° ^ 

ft felga gyffgciofe 


MUgf S2J^£ CuxfrprT^ 


Gentlemen, 

1. Having examined the Bidding Documents including Instructions to Bidders, Bidding 
Data, Conditions of Contract, Contract Data, Specifications, Drawings, if any, 
Schedule of Prices and Addenda Nos. 

_ for the execution of the above-named works, we, the 

undersigned, being a company doing business under the name of and address 

M/i KaAhil CoTAtiackVi, 

Jgqkftd/vft/Jiq//? Klxc diprt . 


and being duly 


incorporated under the laws of Pakistan hereby offer to execute and complete such works 
and remedy any defects therein in conformity with the said Documents including 
Addenda thereto for the Total _Bid 

Rs (Rupees £Vw<2*\ lMi((krw £ 4 ^ hu*dt*J) may 1 fi 

be ascertained in accordance with the said Documents. 


l We understand that all the Schedules attached hereto form part of this Bid. 

3 . As security for due perfonnance of the undertakings and obligations of this Bid, we % 

submit herewith a Bid Security in the amount of 

_ __drawn in your favour or made payable to you and vali'd 

for a period of twenty eight (28) days beyond the period of validity of Bid. 


We undertake, if our Bid is accepted, to commence the Works and to deliver and 
complete the Works comprised in the Contract within the time(s) stated in Contract 
Data. 

We agree to abide by this Bid for the period of ?<?. days from the date fixed for 
receiving the same and it shall remain binding upon us and may be accepted at any 
time before the expiration of that period. 

Unless and until a formal Agreement is prepared and executed, this Bid, toother with 
your written acceptance thereof, shall constitute a binding contract 




O' 






We undertake, if our Bid is accepted, to execute the Performan£|p5?epyrit^'ref§r| 
in Conditions of Contract for the due perfonnance of the Contra?^ ■ --RiWii j 

\ r \ v er U’^i*** *r~i 

\ . \ • "»7| 

Sindh Public Procurement Regulatory Authority j www.ppra uzov.p k. 


M/S Kashif Constructors 






























bound to accept the lowest or any bid you may 


8 . 

9. 


We understand that you are not 
receive. 


We do hereby declare 
figures or arrangement 


that the Bid is made without any collusion, comparison ot 
with any other person or persons making a bid tor the Works. 


Dated this _ day 0 f 20 


Signature_ 

in the capacity of_duly authorized to sign bid for and on behalf of 

fcYruWo 

(Name of Bidder in Blokk Capitals) 

(Seal) 


Address 




vAry 



VK 


struc 


M/S Kashif Constructor's 

Smdh Public Procurement Regulatory Authority www.ppra g. 

































